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were furnished by the Carnegie Steel Company and cost $1.66 each. (See Fig. 10.) The white-oak ties are rough hewn, 6 in. by 8 in. by 8 ft. and cost $1.05 apiece.
The switch ties were of Oregon pine, standard size and various lengths, according to their position in the track and the size of frog. They cost at the rate of $30.00 a thousand, board measure. The account thus stands as follows:
Labor...............................    $425.13
Wood ties...........................   9,614.86
Steel ties............................   1,102.93
$11,202.92
The average cost of each wood tie in the track represents $1.31. ties were laid about 58 to the 100 ft.    (See Fig. 10.)
The
Account 7303—Rails and Rail Fastenings.
The rails covered by this account were second hand, purchased from the Arizona and New Mexico Railway; 60 11). A. S. (>. K. standard The track laid totaled 14,813 ft. long and was divided as follows:
On troatlo
Track No.   7......... .294ft.
15..........403ft.
On Ht.oel Lies Track No. 13..........665 ft.
On. wood ties in dirt
Track No.   6..........2,660ft.
7..........1,023ft.
8..........l,94()ft.
9..........   34()ft.
10..........   645ft.
12..........1,053ft.
13..........1,396ft.
14..........l,06()ft.
15..........1,685ft.
On wood ties in dirt
Track No. 17............212ft.
18............279ft.
19............290ft.
24............585ft.
The account is divided up as follows:
29,626 ft., 60 Ib. rail © $27.50 a ton............ .   $8,147.15
986 pr. angle bars © $0.50.....................       493.00
4,000 bolts @ $3.50 a hundred..................        140.00
4,000 nut locks $1.07 a hundred...........„.....         42.00
95 kegs spikes © $4.54.......................       431.30
On ateel ties
Track No. 14..........283 ft,
Miscellaneous. Labor.........
$9,254,25
585.54
$9,839.79 392,00s 700 steel ties, 7,656 white-oak ties laid in track, 524 white-oak ties in stock, 300 Oregon pine switch ties laid in track, and 1,082 white-oak ties used in temporary tracks and in handling machinery. There is also included here the labor of unloading, stocking, handling to points about the plant and placing upon the various grades. The steel ties are 7 ft. long, furnished with four No. 23 clips for 60-lb. A. S. C. E. rail, laid on 4 ft. 8| in. gauge. They.             .   .                                                i* HI            r^t,
